Charles D. Baker, Governor 
Karyn E. Polito, Lieutenant Governor 
Stephanie Pollack, MassDOT Secretary & CEO 


Steve Poftak, General Manager Massachusetts Department of Transportation 


February 15, 2021 


SUBJECT: Request for Proposal / RFP #122F-20 / Overhaul of Two 149-Passenger 
Subchapter “T” Ferries 


Addendum No. 3 
Dear Bidders: 
Please be advised that the above has been amended and/or clarified as shown on the attached 
that is made a part of herein. 
Please see page 2 of this Addendum for further details. 


Acknowledgment of this Addendum must be so noted on your proposal submittal. 


ALL ELSE REMAINS AS PREVIOUSLY STATED. 
Sincerely, 


Joe Flynn 
Sourcing Executive 


Attachment 


Massachusetts Bay Transportation Authority 
Ten Park Plaza, Suite 3910, Boston, MA 02116 
www.mbta.com 


RFP 122F-20 Addendum No. 2 


RFP 122F-20 — (page 7) Section 1.4, Request for Proposals Timeline should read as follows: 


“RFP Release: December 4, 2020 

Pre-Proposal Conference: December 15, 2020 
Request for Clarification Deadline: March 2, 2021 
Proposal Due Date: March 24, 2021 “ 


RFP 122F-20 - (page 34) Section 3.3, Performance Guarantee Reduction 


Please note that the Performance Guarantee requirement has been reduced from 25% to 8%. 


RFP 122F-20 - (pages 35 & 36) Section 3.4, Liquidated Damages Reduction 


Please note that the Liquidated Damages have been reduced from $1,000 per day per vessel, 
to $500 per day per vessel. 


General 


Pre-Inspections can be arranged upon request. 


All Else Remains As Previously Stated 


